lazardous waste an 


waste on an as neede 


aMag»cd Exliibit A S tatement of Work. T his is not an exclusive Agreement. UTILITIES 
does not guarantee that a specific amount of Services will be requested to be provided by 
CONTRACTOR. UTILITIES reserves the right to utilize its own staff or other contractors to 
















entity that has jurisdiction over the Services, including without limitation 
EPA, CDPHE, OSHA, DOT, and the EPCDl lE. 

{d) CONTRACTOR shall furnish all labor, equipment, materials, supplies, tools, 
supervision, and all other items incidental thereto and perform all services 
necessary and specified in the prescribed manner to provide and complete the 
Services. Such services, include, but are not limited to: assisting with special 
waste profiling and waste management, providing transportation, storage, 
treatment, recycling, disposal, and/or reclamation of UTILITIES waste 
materials; and provision of specific logistics support including waste storage 
and transportation. 

(e) CONTRACTOR shall provide a complete updated list of all storage and 
disposal facilities which will be utilized under this Agreement. 

(f) CONTRACTOR shall not accept waste materials from UTILITIES other than 
those allowed by CONTRACTOR’S pemnits, registrations, or licenses for 
transportation, storage, treatment, recycling, disposal, and/or reclamation. 










materials to CONTRACTOR’S facility shall be the responsibility and at expense of 
CONTRACTOR unless UTILITIES specifically agrees in writing with CONTRACTOR 
to retain responsibility for transportation of the waste materials, including for expenses 
associated therewith. CONTRACTOR shall comply with all applicable statutes, rules, 
regulations and ordinances of the United States and all applicable state and local 
regulations in moving, handling, transporting, disposing of and/or recycling the waste 
materials. CONTRACTOR shall be responsible for proper loading of the waste materials 
on vehicles provided or arranged for by CONTRACTOR unless UTILITIES and 
CONTRACTOR agree in writing for UTILITIES to be responsible for loading the 
materials onto CONTRACTOR’S vehicles. Unless otherwise agreed to in writing by 
UTILITIES, CONTRACTOR shall be solely responsible for complying with all 
requirements mandated by Federal, State and local laws regarding the proper labeling, 
packaging, segregation, transportation, and disposal of UTILITIES’ waste materials. The 
parties agree and understand that reasonable, justified refusal by drivers or other 
employees of CONTRACTOR or its subcontractors to load, handle, transport, dispose of 
and/or recycle Nonconforming Waste will not be considered a breach of this Agreement. 
CONTRACTOR shall take title to UTILITIES’ waste materials which conform to the 


'' Wajstc^ Mam test f < )N 1 R A( ’ r ()p stiaii prepare and maintain a Unifonn Waste 

vtanifost ^LW\|| documenting where the waste ‘nateriats were generated and bv 'Ahoir 
.'cniitis.' •!. »'I'lbOorter srw! 'lit* sinat t'bic ct’pv •): Jus t WM wm; 

'.=gnak>icw imf .jato stiai< ne nn-.vidw* as a i '^ILrilHS representative prior to the 

Ninjiment p .vaste inatc'-eur- iroir. t Ti!,i'rif-S' lacilities '!'iic final f-WVI shall he 

m-.viucd ny ; < >%-■ R.\< -rnR ea i f iii jlhS whlim thirty toP) calendar days ol the actual 
pickup date. 


'cnims.' *<i. oei^j-jorter 
y»inati>iew inif >jafcs -tpai 


e H) 










CON IRACT 201109718 


to the Services to ensure that UTILITIES’ waste materials arc properly transported, 
treated, stored, disposed of, recycled, and/or reclaimed and to ensure that those facilities 
by which UTILITIES waste materials are received are property managed and operated in 
accordance with all applicable local, state, and federal, laws and regulations. UTILITIES 
shall work with CONTRACTOR to schedule such inspections so as not to unreasonably 
interfere with CONTRACTOR’S business operations. UTILITIES inspection of 
contractor’s facilities shall not subject UTILITIES to liability for 
contractor’s violation or noncompliance with all applicable local, stale, and 
federal, laws and regulations and does not constitute a waiver of any of 
contractor’s obligations under this Agreement. 

10. Warranties . 

(a) contractor expressly represents and warrants that all Services furnished 
under this Agreement shall be completed in a professional, workmanlike manner, 
with the degree of skill and care that is required by current, good and sound 
professional procedures. Further, CONTRACTOR represents and warrants that: 
(i) CONTRACTOR is engaged in the business of performing services with 
respect to waste materials and has developed the requisite expertise to perform the 
Services agreed to by UTILITIES and CONTRACTOR hereunder; (ii) all 
CONTRACTOR vehicles and each facility utilized to perform Services hereunder 
shall have all peraiits, licenses, certificates or approvals required under applicable 
laws and regulations for such Services; (iii) CONTRACTOR will perfomi 
Services for UTILITIES, including but not limited to loading, moving, 
transporting, handling, storing, treating, disposing of, recycling and/or reclaiming 
of waste materials in a safe and workmanlike manner, and in compliance with all 
statutes, ordinances, laws, orders, rules and regulations applicable to the Services; 
and (iv) it has all necessary right, power and authority to enter into this 
Agreement. Inspection, testing, acceptance or use of the Services furnished 
hereunder shall not affect the CONTRACTOR’S obligation under this warranty 
and such warranties shall survive inspection, testing, acceptance and use. If the 
UTILITIES’ waste materials include hazardous materials, CONTRACTOR 
represents and warrants that CONTRACTOR understands the nature of any 
hazards associated with transporting, handling, transportation, storage, disposal, 
and recycling of such hazardous materials. 

(b) CONTRACTOR’S warranty shall ron to UTILITIES, its successors, assigns 
and customers, and users of the Services. CONTRACTOR agrees to correct 
defects of any Sendees not conforming to the foregoing warranty promptly 
without expense to UTILITIES, when notiied of such nonconformity by 

UTILITIES, provided UTILITIES elects to provide CONTRACTOR with the 
opportunity to do so. In the event of failure of CONTRACTOR to correct defects 
in nonconforming Services promptly, UTILITIES, after reasonable notice to 
CONTRACTOR, may make such corrections or hire a third party to make such 
corrections and charge CONTRACTOR for the cost incurred by UTILITIES in 
doing so. 
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(c) UTILITIES represents and warrants to CONTRACTOR that: (i) the 
description of and specifications pertaining to its waste materials in the Profile 
Sheet is and at all times will be true and correct in all material respects to the best 
of UTILITIES’ knowledge, and waste materials tendered to CONTRACTOR will 
at all times, including, without limitation, at the time of recertification of the 
waste materials, conform to the description and specifications contained in the 
Profile Sheet or representative sample; (ii) UTILITIES has made available all 
information relevant to the Services it has regarding the waste materials; (iii) if 
applicable, UTILITIES has selectal the packaging for the waste materials 
UTILITIES is responsible for shipping to CONTRACTOR and UTILITIES 
warrants that such packaging (a) is suitable for the waste materials contained 
therein, and (b) meets all legally applicable regulatory standards for shipping such 
waste materials; (iv) if UTILITIES is not the Generator of the waste materials 
(as defined in 40 CFR 260.10), UTILITIES has all necessary authority to enter 
into this Agreement with respect to the waste materials; (v) UTILITIES is under 
no legal restraint which prohibits the transfer of possession of such waste 
materials to CONTRACTOR; and (vi) UTILITIES shall comply with all 
applicable statutes, ordinances, laws, ordere, rules and regulations related to the 
Services. 

* • • Inyoicintt/Pavment . Payment of undisputed invoices at the prices stipulated herein 
is due and payable Net Thirty (30) Days from UTILITIES’ receipt of a complete and 
accurate invoice for Services accepted by UTILITIES. Each invoice shall be 
accompanied by supporting documentation as required by UTILITIES. Payment by 
credit card, "P-card,” or electronic funds transfer is a means of remitting payment only 
and shall not be construed as limiting Utilities' rights or altering any of the terms or 
conditions incorporated into this Agreement. Original invoices for payment shall be 
submitted and addressed to Accounts Payable - MC 929, Colorado Springs Utilities, PO 
Box 1103, Colorado Springs, Colorado 80947-0929: Email at 

accountspavablemail@csu.ort» : Fax at 719-668-8600. Unless otherwise stated in this 
Contract, a copy of each invoice, duly marked “COPY”, shall be sent directly to the 
project manager or Agreement administrator as identified in this Agreement and as 
otherwise advised in writing. 

.LateTaymcnt . UTILITIES is committed to paying invoices within the temis of 
the Agreement UTILITIES will not pay any late charges or service charges that may be 

incurred due to late payment. 

13. Tjlfe, ■ r^LiTlES is an enterprise of the city of Colorado Sprinp and is exempt 
from taxes as follow: 

(a) FEDERAL: 84~6(l«i574 

(b) FEDERAL EXCISE: I385S7 

(c) STATE SALES TAX: 98-03479 
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14. Confidentiality. 

(a) CONTRACTOR acknowledges that UTILITIES is a public entity subject 
to the provisions of the Colorado Public Records Act. CONTRACTOR 
acknowledges that it has been or may be exposal to confidential or proprietaiy 
information, oral or written, (“Confidential Information”), including, but not 
limited to, customer information, financial and business information 
(including, without limitation, revenues, expenses, taxes and contracts), partner 
relationships, patents, trade secrets, technical processes, formulae related to 
products and services, pricing and any device, technique or compilation of 
information used in UTILITIES business. CONTRACTOR agrees that it shall 
not use, commercialize or disclose such Confidential Information to any person 
or entity, except to its own employees having a “need to know.” 
CONTRACTOR may only disclose Confidential Information to third parties 
upon prior written approval by UTILITIES, and shall comply with UTILITIES 
approval in making such disclosure. CONTRACTOR shall use at least the 
same degree of care in safeguarding Confidential Information as it uses in 
safeguarding its own confidential information, but in no event less than 
reasonable care. Nothing is intended to or shall grant CONTRACTOR an 
ownership right, a license or other right of any nature to use Confidential 
Information except as expressly provided herein. 


(b) The recipient shall hold such information confidential to the extent 
provided by law and shall not engage in any use or disclosure of such 
infomiation not expressly provided for in this Agreement. In the event either 
party receives a request for such confidential and/or proprietary infonnation 
from a third party, notice thereof shall promptly be given to the other party. 
The recipient shall take all reasonable steps to prevent any unauthorized 
possession, use, transfer or disclosure of such confidential information. Should 
the recipient learn of any such unauthorized possession, use, transfer or 
disclosure, it shall promptly notify the other party. If requested, the recipient 
shall deliver to the other party all confidential information (including all 
copies) disclosed to it with respect to this Contract. 

(c) The disclosure provisions of this section shall not apply to information 
that a) the parties had in their possession prior to disclosure by the other party; 

b) becomes public knowledge through no fault of CONTRACTOR; c) the 

recipient lawfully acquires from a third party not under an obligation of 
confidentiality to the disclosing party; or d) is required to be disclosed by law 

or court order. 

(d) CONTRACTOR shall not disclose any such confidential information or 
documents to any third party without the prior written authorization of 
UTILITIES. 
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15. Independent Contractor. CONTRACTOR understands and agrees that 
CONTRACTOR and CONTRACTOR’S employees, agents, subcontractors or other 
personnel are not UTILITIES’ employees. CONTRACTOR shall be solely responsible 
for payment of salaries, wages, payroll taxes, unemployment benefits or any other form 
of compensation or benefits to CONTRACTOR or any of CONTRACTOR’S employees, 
agents, subcontractors or other peraonnel performing, directly or indirectly, the Services 
specified herein. Further, it is expressly understood and agreed that neither 
CONTRACTOR nor CONTRACTOR’S employees, agents, subcontractors or other 
personnel shall be entitled to any UTILITIES’ payroll, insurance, unemployment. 
Worker’s Compensation, retirement or any other benefits whatsoever. 

•6. Indemn ification . To the fullest extent pennitted by law, CONTRACTOR shall 
release, defend and hold harmless UTILITIES, the City of Colorado Springs, their 
officers. City Council, Utilities Board, directors, employees, agents and representatives 
from and against any and all losses, damag« (including attorney’s fees, expert fees, and 
all litigation expenses), injuries, claims, cause or causes of action, or any liability of any 
kind whatsoever resulting from, or arising out of, or in connection with the Services 
provided by CONTRACTOR pursuant to this Contract, including, without limitation, (i) 
any claim based on the death or bodily injury to any person, destruction or damage to 
property, or contamination of the environment and any associated clean up costs, (ii) any 
claim based on the negligence, omissions or willful misconduct of CONTRACTOR or 
any of its employees, consultants or agents, and (iii) any claim by a third party against 
UTILITIES alleging that the Services, the results of such Services, or any other products 
or processes provided under tliis Contract, infringe a patent, copyright, trademark, trade 
secret or other proprietary right of a third party. 

17- Limitation of Liability. NEITHER PARTY SHALL BE LIABLE TO THE 
OTHER FOR ANY SPECIAL, INCIDENTAL, INDIRECT, OR CONSEQUENTIAL 
DAMAGES ARISING OUT OF LOSS OF PROFITS OR REVENUE, LOSS OF USE, 
LOSS OF OPPORTUNITY, LOSS OF GOODWILL, COST OF SUBSTITUTE 
FACILITIES, OR GOODS OR SERVICES. THE FOREGOING LIMITATION OF 
LIABILITY SHALL NOT APPLY IN THE FOLLOWING INSTANCES: (1) 
LIABILITY ARISING UNDER INDEMNIFICATION OBLIGATIONS; AND/OR (II) 
DAMAGES INCURRED DUE TO INTENTIONAL OR NEGLIGENT ACTS; AND/OR 
(III) DAMAGES INCURRED DUE TO ABANDONMENT, REPUDIATION AND/OR 
DELIBERATE BREACH OF OBLIGATIONS HEREUNDER; AND/OR (IV) A 
LIMITED REMEDY FAILS OF ITS ESSENTIAL PURPOSE; AND/OR (V) 
DAMAGES INCURRED DUE TO PERSONAL INJURY (INCLUDING DEATH) OR 
PROPERTY DAMAGE. UTILITIES liability on any claim of any kind for any toss or 
damage arising out of, in connection with or resulting from this Agreement or from tlic 
performance or breach thereof shall in no case exceed the price allocable to the Services 
which gives rise to the claim. UTILITIES shall not be liable for penalties of any kind. 
Any action resulting From any breach on the part of UTILITIES as to the Services 
hereunder must be commenced within one (I) year after the cause of action has accrued. 
Nothing in this Agreement shall be interpreted to limit or prevent the protections afforded 
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to UTILITIES under the Colorado Governmental Immunity Act, C.R.S. § 24-10-101, e/ 
seq. 

18. Insuranee/Bonds . CONTRACTOR agrees to maintain at its own expense all 
legally required insurance for Its premises, associates, and employees. CONTRACTOR 
shall maintain the following insurance with limits not less than as follows: Workers' 
Compensation in accordance with the requirements of the State of Colorado and 
Employer’s liability insurance of not less than $500,000 per occurrence; Commercial 
General Liability insurance with a combined single limit of $1,000,000 per occurrence 
for bodily injury and property damage; Automobile Liability insurance Including owned 
and hired vehicles with a combined single limit of $500,000 per occurrence for bodily 
injury and property damage insurance with a combined single limit of $500,000 per 
occurrence; and excess liability of $1,000,000 combined single limit per occurrence. 
Upon request, CONTRACTOR shall provide UTILITIES with certificates of insurance. 
In the event tlie amounts due under this Agreement exceed One Hundred Tliousand 
Dollars ($100,000), and upon request by UTILITIES, CONTRACTOR shall furnish 
performance, payment and/or maintenance bonds acceptable to UTILITIES, each in an 
amount at least equal to the price of the Contract, as security for the faithful perfomiance 
of CONTRACTOR’S obligations under the Contract. 

19. Clianacs . UTILITIES may at any time, by written notice, and without notice to 
sureties or assignees, make changes within the general scope of this Agreement In any 
one or more of the following: (i) drawings, designs or specifications; (ii) method of 
shipping or packing; (iii) place of inspection, acceptance or point of delivery; and (iv) 
delivery schedule. Subject to Section 22 “ Anpropriation of Funds” , if any such change 
causes an increase or decrease in the cost of, or the time required for, performance of any 
part of this Contract, UTILITIES may agree to an equitable adjustment in the Agreement 
price and/or delivery schedule, and the Agreement will be modified accordingly upon 
mutual written agreement by authorized representatives of the parties. Any claim for an 
equitable adjustment by CONTRACTOR must be submitted in writing to UTILITIES 
within thirty (30) days from the date of notice of the change, unless the parties agree in 
writing to a longer period. Failure to agree to any adjustment shall be resolved in 
accordance with Section 21 “Dispute Resolution” . However, nothing contained in this 
provision shall excuse CONTRACTOR from proceeding without delay in the 
performance of this Agreement as changed. 

20. Force Maieure . Neither party shall be liable for delays in performing its 
obligations to the extent the delay is caused by an unforeseeable condition beyond its 
reasonable control without fault or negligence including strikes, riots, %vars, ioods, fires, 

explosions, acts of nature, acts of government, or labor disturbances. 

21. Dis pute Resolution . If a dispute arises between the parties relating to this 
Contract, the following procedure shall be followed: 
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(c) The parties will jointly appoint a mutually acceptable mediator. If they fail to 
do so within twenty (20) calendar days from the conclusion of the negotiation 
period, they shall each select a mediator. The two mediatore will then appoint a 
third mediator who shall, as the sole mediator, conduct mediation for the parties. 

The parties agree to participate in good faith in the mediation and negotiations related 
thereto for a period ot thirty (30) calendar days. Tlic substantive and procedural law of 
the State of Colorado shall apply to the proceedings. If the parties are not successful in 
resolving the dispute through mediation, then the parties shall be free to litigate the 
matter. 


AppIORriation _of Funds. In accord with the City Charter, performance of 

UTILITIES obligations under this Agreement are expressly subject to appropriation of 
funds by the City Council or Utilities Board. Further, in the event that funds are not 
appropriated in whole or in part sufficient for perfonnance of UTILITIES obligations 
under this Contract, or appropriated funds may not be expended due to City Charter 
spending limitations, then this Agreement shall thereafter become null and void by 
operation of law, and UTILITIES shall thereafter have no liability for compensation or 

— -- i I' f inrii inri • i ... 
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UTILITIES decides to complete such Services, CONTRACTOR shall be responsible for 
properly handling, storing, safeguarding, and transporting any waste materials until such 
time as UTILITIES or its authorized agent takes possession of the waste materials. 
CONTRACTOR may terminate this Agreement upon written notice to UTILITIES if 
UTILITIES fails to pay CONTRACTOR within sixty (60) days after CONTRACTOR 
notifies UTILITIES that payment is past due. 

24. Tennination for Convenience . UTILITIES reserves the right to terminate this 
Agreement or any part hereof for its sole convenience. In the event of such tennination, 
CONTRACTOR shall immediately stop all Services hereunder, and shall immediately 
cause any of its suppliers or subcontractors to cease such Services. CONTRACTOR 
shall be paid a reasonable termination charge consisting of a percentage of the Agreement 
price reflecting the percentage of the Services completed and accepted by UTILITIES 
prior to the effective date of tennination, plus actual and reasonable direct costs resulting 
from tennination, which shall not include loss of anticipated profits or revenue. 
CONTRACTOR shall not be paid for any Services initiated after receipt of the notice of 









provisions shall continue to be valid and binding upon the parties who agree that the 
Agreement shall be reformed to replace such stricken provision with a new provision that 
comes as close as possible to expressing the intention of the stricken provision. 


28. Assignmeiit. Neither party may assign or transfer any part of this Agreement 
without the written consent of the other party, except to an affiliate but only if (a) the 
assignee agrees in writing to be bound by the terms of this Agreement and (b) the 
assigning party remains liable for obligations under the Agreement. Any other attempt to 
transfer or assign is void. Upon a change of control (for example, through a stock 
purchase or sale, merger, or other fonn of corporate transaction), (a) the party 
experiencing the change of control will provide written notice to the other party within 30 
days after the change of control, and (b) the other party may immediately terminate this 
Agreement any time between the change of control and 30 days after it receives the 
written notice in subsection (a). Neither party may assign or transfer any part of this 
Agreement without the written consent of the other party, except to an affiliate but only if 
(a) the assignee agrees in writing to be bound by the terms of this Agreement and (b) the 
assigning party remains liable for obligations under the Agreement. Any other attempt to 
transfer or assign is void. 

29. Comnlianccs . In performing or providing the Services hereunder. 
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Services under this Agreement. CONTRACTOR represents, warrants, and agrees that it 

(i) has confirmed that it does not employ any illegal aliens, either througli participation In 
the eVerify program administered by the Social Security Administration and Department 
of Homeland Security or by meam of the Colorado Department of Labor program, and 

(ii) otherwise will comply with the requirements of C.R.S. Sec. 8-l7.5-l02(2)(b). 
CONTRACTOR shall comply with all reasonable requests made in the course of an 
investiption under C.R.S. Sec. 8-17.5-102 by the Colorado Department of Labor and 
Employment. If CONTRACTOR fails to comply with any requirement of this provision 
or C.R.S. Sec. 8-17.5-101 et seq., UTILITIES may terminate this Agreement for breach. 

31. Notice . Any notice which may or must be given pursuant to this Agreement shall be 
made in writing and delivered to all parties hereto at the following address by certified mail 
return receipt requested. Notice shall be deemed given when delivered: 

To UTILITIES: 

COLORADO SPRINGS UTILITIES 

Attn: Procurement and Contract Services Manager 
PO Box i 103, MC 920 
Colorado Springs, Colorado 80947-0920 
Phone: 719-668-3862 

To CONTRACTOR: 

CONTRACTOR 

Attn; 

Address 

City, State Zip Code 
Phone: xxx-xxx-xxxx 


32. Govemine Law . Tliis Agreement shall be construed in accordance with the laws 
of the State of Colorado without reference to conflicts of laws, the Colorado Springs City 
Charter, City Code, Ordinances, Rules and Regulations. In the event of litigation, this 
Agreement shall be enforceable by or against the City of Colorado Springs on behalf of 
UTILITIES as provided in Colorado Sprinp City Code §12.1.108. In the event of any 
dispute over the Contract’s terms and conditions, the exclusive venue and jurisdiction for 
any litigation arising thereunder shall be in the District Court of El Paso County, 
Colorado, and, if necessary for exclusive federal questions, the United States District 
Court for the District of Colorado. 

33. Survival of Obligations . All representations, indemnifications, warranties, and 
guarantees made in, required by, or given in accordance with this Agreement will survive 

the payment, completion, and acceptance of the Services or termination or completion of 
the Contract. 
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34. .jeto ff . All claims for money due or to become due from UTILITIES shall be 
subject to deduction or setoffby UTILITIES by reason of any counterclaim arising out of 
this or any other transaction with CONTRACTOR. 

35. Mo.Publicity. CONTRACTOR shall not advertise or promote using the name or 

description of UTILITIES, without prior written consent of UTILITIES. 

36. Price Warranty . CONTRACTOR warrants that the prices and rates stated herein 
represent currently established prices and rates and arc no higher than would be charged 
to any other customer, whether commercial or a United States agency of local, state or 
federal government, for similar services in like quantities. 

37. Waiver. UTILITIES’ failure to insist on performance of any of the terms or 
conditions herein or to exercise any right or privilege or UTILITIES’ waiver of any 
breach hereunder shall not thereafter waive any other terms, conditions, or privileges, 
whether of the same or similar type. 

38. Entire Agreement. This Agreement constitutes the entire agreement between the 
parties and supersedes all previous written or oral communications, understandings, and 
agreements between the parties unless specifically stated herein. The terms and 
conditions of this Agreement shall prevail notwithstanding any variance with the terms 
and conditions of any acknowledgement or other document submitted by 
CON TRACTOR. This Agreement may only be amended by a written agreement signed 
by both parties. Email and all other electronic (including voice) communications from 
UTILITIES in connection with this Agreement are for infonoational purposes only. No 
such communication is intended by UTILITIES to constitute cither an electronic record 
or an electronic signature, or to constitute any agreement by UTILITIES to conduct a 
transaction by electronic means. Any such intention or agreement is hereby expressly 
disclaimed. 
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THIS AGREEMENT is executed by the parties on llte date and year set forth above. 


COLORADO SPRINGS UTILITIES CONTRACTOR 


Name: JfcellyJ. Valdez 14 

Title: Principal Contracting ^ent 




Name? 


Title: 0| 


City Attorney’s Office - Utilities Divisloi 


Approved As To Form: 

H Signatures in CDB 
By: _ 

Name: Michael Gustafson 
Title: Attorney _ 


Date: 
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—jn ns many operations, u IILITIES generates a variety of hazardous wastes and 
iversal wastes. These wastes must be transported to off-site, privately owned and 
operated facilities for disposal. 


UTILITIES conducts environmental compliance audits of contracted off-site waste 
disposal facilities to ensure that wastes generated by UTILITIES are properly disposed 
and those facilities to which the wastes are received are property managed and operate 
in accordance with applicable state and federal environmental regulations. 

Knowledge of SELLER’S environmental compliance status can aid UTILITIES in 
assessing potenUal liabilities under the Comprehensive Environmental Response 
Cornpensation, and Liability Act (CERCLA or "Superfund") from an improperly managed 
facility and detemnining whether to continue to use a particular facility. 

3.0 Scope and Responsibility 

SELLER shall have the proper permits required by federal, state, and local agencies for 
the disposal of wastes generated by various UTILITIES facilities. 

f reliable, cost-effeclive transportation and waste disposal. The 

seller stisil furnish 3ll i3bor. souiDmQnf c^rinniicie 
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Compiiter/CMJ/CRT Cfnilpinent 


PRODUCT 

DESCfUmON 

UNIT PRICE 

CONTAINfiR mm 

EL-CMP-OJ 

Recydfi - Hontlors 

0.4003 

pQund 


ELCHP-OS 

Recycle • Televistons 

0.4000 

Pound 


EL-CHP-4B 

(lecytJe Uniorted Electmnic Equipment w/MonItorj 

$0.4000 

Pound 


£L-CHP-»9 

necyde - Untorted Electrank Equipment w/e Menltore 

$0.3500 

Pound 



Mercury Contalidng Artf & Apparatus 


PRODUCT 

DEsaupnoN 

UNIT PRICE 

CONTMNiR mu 

HC-AMALG 

Recyde - Dentnl Amatoam 

$3.0000 

Pound 

%m 

MC-BATT 

Recyde -* MercurY Betterlea 

3.0000 

Pound 

100 

MC-COMP 

Recycle - Memiry Compounds 

, $200.0000 

Drum 

5 DM 

MC-COMP 

Recyde - Memiry Compounds 

$100.0000 

Drum 

2 OH 

MC-COMP 

Recyde ' Mercury Compounds 

$660.0000 

Dnim 

30 DM 

MC-COHP 

Recyde > Mercury Compounds 

495.0000 

Drum 

20 DM 

MC-COMP 

Recycie * Mercury Compounds 

$990.0000 

Omm 

55 DM 

MC-COMP 

Recyde ^ Mercury Compounds 

385.0000 

Oium 

ID OH 

MC-COHP 

Recyde - Mercury Compounds 

47D.D000 

Drum 

15 DM 

MC-DE-RE 

Recycie/Retort * Mercury Contomirt&ted Debris 

$100.0000 

Drum 

1 DM 

MC-DE-RE 

ReciqJe/Retort - Meroiry Contaminated Debits 

fsao.cxioo 

Drum 

5 DM 

MC-DE-RE 

Recytl^Belort - Memiry Contamtnaled Debris 

170.0000 

Drum 

15 DM 

MC-DE-RE 

Recyde/Reloit • Mereuiy Contaminated Dcbili 

7* 7 *990,0000 

Dnim 

55 DM 

MC-DE-RE 

_Recvdj/Retort - Memiry Contamlneted Debits 

660.0000 

Dium 

30 DM 

MC-DE-RE 

Recyd^heloit Mercury Contaminated Debris 

*495,0000 

Dnim 

20 DM 

m'c-de-re 

Recyde/Retort Mercury Contaminated Debris 

$305.0000 

Omm 

10 DM 

MC-HG 

Recyde Menury 

*2.9000 

Pound 

100 

MC-MA 

Recyde - Menury ConlalRlna Articles 

$470.0000 

Dnim 

IS DM 

MC-MA 

Recyde - Menury Containing Articles 

77 $2,035.0000 

Cubic Yards 

2000 CF 

HC-MA 

Recyde - Mercury Containing Artides 

$ asonoo 

□rum 

10 DM 

MC-MA 

Recy e - Menury Containing Articles 

1200.000 

□ram 

5 DM 

MC-MA 

Recyde Memiry Containing Aitides 

495.00 

Dram 

20 DM 

HC-MA 

Recyde - Memiiy Containing Artides 

$990.0000 

Dram 

““ss'dm"* 

HC-HA 

Recyde - Mercury Containing Artides 

flOO.OOOD 

□ram 

. *"'2-Dg 

MC-MA 

R de - Mem^ Containing Articles 

660.0000 

□mm 

'~''3Q*'6m*~. 

MC-PO 

Recyde • Ptiosoborus Powder 

$600,0000 

Drum 

~Si 


Non-PCB a PCB Opadtors 

s^wraoN 


PRODUCT 


UNIT PRICE 


raNnrMMBR ion 























Kon-PCS Power Disbiliiillm Equipiti»it 


woouCT oEsemimm 

NM-EQ RecyO^iMiMaMton^yBMtf • Non PQ Gqul^tnt 

N<w-S}‘i» __ __ R*i^j«fljrtiiefiMiirtiiiliC-’Mon-rea owfciil 

~i»^cwK»W'^ ... ' 

'^WOW-SII'K : ' b«Ah^MUA-Mwi-W3"M. Z-49 WM 

■"»«'-aiLll iiSwwtfuii m ~~ ' ~ . 


imzr Hifei 
$o.Me6 
WMm~ 

dhwi 

"|^6Ao“ " 


CONTJUNER mM 
25 

J ^ 2S. 


Packaging Materials & Suppll« 


pmooucT 

DcscnmoM 

mar PRux 

CONTAINS 

SUPPLY-aOl 

Supply '140 Fiber Lamp Drum - Four Foot 

$30.0000 

Each 


SUPPLr-002 

Supply 4 Lamp Box 

$3.0000 

Each 

." ' 

SUPPLY-003 

Supply S' Ump Dox 

$4.00dQ 

Each 

........- '■ 

5UPPLY-00S 

Supply t>Tuba Box 

$2.5000 

Eact) 


SUPPLY QOG 

Supply 55 Gollon Meta) Open Top Drum 

$35.0000 

Each 


SUPPLY'019 

Supply OS gal. Metal Qverpnck Drum 

$175.0000 

Each 


SUPPLY-D20 

Supply 5 yol. Poty Cartoy 

12.0000 

Each 


SUPPLY* 036 

Supply 4 Fiber Druin^ BS-Count 

$20.0000 

EoLh 



TransportaUon Charges 


PROENJO' 

DEMURRAGE 

STOPFEE 

D£SCfl2l>tION 

Demurrage •* Transporitmtm 

Multiple Stnps Per Service Request 

UNIT PRICE 
$75.0000 Per Hour 
»100.000D^^"Each"' 

CONTAINER MIN 

TRANS-CALLOUT 

TRAHS-DEL 

TRANS-DRUM 

TRANS-PALLET 

LTL Callout Charge 

Deltvcry at Supplies 

Per Drum Transport Rale 

Per Pallet Transport Rate 

$150.0001 
■ $75ji«J0' 
$50.0000 
$ioo.oiod 

Each 

Load. 

Eat* _ 



Energy anil Security Surcharge 

UMlTTOCt CONTRIMHI MIN 

$0.1300 Pensnt 


PRODUCr DESCRIPTtOIV 

TWMIS-n«U 3 I» Energy and Seoitity Surthargd 


Labor Charges 

PRODUCT DtSCRiraON UNITPRlCe CONTAINER HIN 

.... ..............♦85.0000 __ Per Hoi» 





























